CBD STREETSCAPE AND 

CG lew llyn UTILITY IMPROVEMENTS 
PHASES II AND III 

FRIDAY, 


JESE kea a 


OCTO 


BER 18, 2024 


PROGRESS MADE THIS WEEK WORK ANTICIPATED NEXT WEEK 
MONDAY-SATURDAY [10.14-10.19] MONDAY-FRIDAY [10.21-10.25] 
+ Brick crosswalks [Phase 2 and 3 areas] ¢ Brick crosswalks [Phase 2 and 3 areas] targeted to 


wrap up early next week 
¢ Miscellaneous punch list items [downtown] 


¢ Miscellaneous punch list items [downtown] 


DETOUR INFORMATION OTHER IMPORTANT INFORMATION 

Expect temporary detours/traffic patterns/parking ¢ Brick crosswalks require temporary detours/ 
restrictions for crosswalk and punch list work; please traffic/parking restrictions; as work allows, 
obey flaggers/signage. restrictions will be lifted; please drive cautiously 


and obey flaggers/signage. 


ALL businesses and pedestrian access remain open. ¢ Please be alert as ongoing punch list work may 
require temporary parking restrictions. 


+ Ifyou have questions/concerns regarding the 
project, please reach out to a contact listed below. 


Clay Keller, P.E. 
Meredith Hannah 


630-936-9456 pkeller@bla-inc.com pA 
630-547-5345 mhannah@glenellyn.org E i: 


CBD STREETSCAPE AND 
UTILITY IMPROVEMENTS 
PHASES II AND III 


Hawthorne Blvd 


Crosswalk construction requires one-way traffic patterns/detours. Half of 

each crosswalk will be under construction/closed to traffic. The mid-block 

zones between the crosswalk work are not anticipated to be open to traffic, 

but may be open for on-street parking as feasible (parking signage in some 
cases may be facing the wrong direction). 


CROSSWALK 
CONSTRUCTION 


PLEASE DRIVE CAUTIOUSLY AND OBEY FLAGGERS/SIGNAGE. 


t Ave 


STAGE TWO 


WRAPS UP NEXT WEEK 


Brick paver crosswalk work is targeted to wrap up early next week - at 
which time, all crosswalks will be opened and detours lifted. Zf possible, 
there may be partial lifting of some detours as intersections are completed; 
concrete cure strength may be a limiting factor in early openings. 
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Hillside Ave Hillside Ave 
CROSSWALK NB SB EB 
BLUE AREAS INDICATE NEARBY PARKING LOTS 
CONSTRUCTION MAIN MAIN PENNSYLVANIA 
WITH SHORT-TERM CUSTOMER PARKING 
FOR MORE INFO, VISIT: GLENELL YN.ORG/PARKING ZONE BETWEEN ONE- SB PARKING 
3 CROSSWALK WORK £ WAY PROSPECT ENTRANCE 


downtownge.com 


CBD STREETSCAPE AND 
UTILITY IMPROVEMENTS 
PHASES II AND III 


Hawthorne Blvd 


Crosswalk construction requires one-way traffic patterns/detours. 
The work on the 18 crosswalks will occur in two distinct stages, each 
taking two weeks. Half of each crosswalk will be under 
construction/closed to traffic. i CROSSWALK 
The mid-block zones between the crosswalk work are not CONSTRUCTION 
anticipated to be open to traffic, but may be open for on-street 
parking as feasible (parking signage in some cases may be facing the STAG E TWO 
wrong direction). WRAPS UP NEXT WEEK 
PLEASE DRIVE CAUTIOUSLY AND OBEY FLAGGERS/SIGNAGE. 
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Hillside Ave Hillside Ave 


CROSSWALK NB SB EB 
BLUE AREAS INDICATE NEARBY PARKING LOTS 
CONSTRUCTION MAIN MAIN PENNSYLVANIA 
WITH SHORT-TERM CUSTOMER PARKING 
FOR MORE INFO, VISIT: GLENELL YN.ORG/PARKING ZONE BETWEEN ONE- SB PARKING 
CROSSWALK WORK £ WAY PROSPECT ENTRANCE 


